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Raferencts: 


1. Contract HD-122, TasK Order #1 

2. Speclflc■atl:^ lft-A-1046-A 


Dear 


During the coorse of the deveS .pmerr of the AS-3 Sexl -automatic 
Tofo-ivay Pladlo Station tc e nr : « n- tea specifl ;at ton, there 
have been s eerlea of deslaLT modifying the sp ecification 


Which were agreed upon by 
englneex*ing repreaentati vW: 


~Wr sumicarize mem a* 


and your 
Tollows: 


1. The conference of 1'^ July charged the vrlt pacRaging by 
combining the Traiasxt*. t .AT 5, Keyer AK-3, and the 
DC Power Supply AP/BA-’ tr.»- er e u-.lt 

This change affecta spe :i/i t ^tion paragraphs 1,2, 1,3, 3,4 
and 3,5 

We would like to request ac met atu’^e assignment for the 

changes , 

2. Progress Report No.. 7 esta’'' .aned the operation of the 
function switch as a three- r. Litton device: OFF, RECEIVE, 
and TRANSMIT. When In tr.c TRANSMIT poslticr, three types 
of operation are avallaMe ; Manual t ransailsslcr: by use 
of the hand key, (2) Ider'*"! f1 c9*:t on (Re:o^itlon) by press- 
ing the Identlflcatlc’i pusr .u:ton, or (3) Message by 
pressing the Message p-s.h buf.'., 

^is change affect? sped fl: at ion paragraphs 3 3.2,1, 

3 . 3 , 2 . 2 and 5 .5.1, 


e* 
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We jcequest a specification .notification tr include this 
change . 

I. .i . ' • 

3. The conference of 17 July c.hanjed the charging rate of the 
Battery Charger A3C-3 frem 2 atperes tc a rate which would 
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This change affects specif^ :&t: .n paragraph 3.5. 2.4. 

We re<iuest a speclficatlcn moilfl:aMon tc Include this 
change. 

4 . Progress Report No. 7 indicates a package size for the 
coablned Transmltter-iceyar/DC Power Supply of 8 x 8 x 2 3/0. 

The latter dlaenslon was fnnse! ly 2 1/4 maximum 

This change affects pa''agraph 5.5 of the specification. 

We reqtiest a change in the specification to permit this 
change In maxlmun dimension. 

5. The details of the referenced spec ifl cat icr. point cut that a 
choice of receiver type ’•o re .del Ir the AS-3 system would 
be made and the details furr'is'>*c to our crgatnl ration at an 
•arly date. We have come tc *1 'vcint now where the need for 
this choice of receiver can rio up progress of the deve- 
lopaient . 

Wa have varbal information that the choice in favor of the 
translatorlzed receiver is imminent and, as noted in Progress 
Report No. 7, page 2, paragraph 5, we are proceeding now at 
though this choice was firm. We understand that the receiver 
power requirements are as show.-, cn the attached drawlng. 

Flgure T- 2 . ^ 

We wpuld appreciate ar cfflcia: statement concerning the 
choice of receiver at an early date. 

6 . We would like to suggest t.na: ar. amended specification be 
Issued to Include all of th e agreed-upon changes noted above. 

will accompllsn the work required 25X1 

by these epeclflaatlon modifications at no change In contract 
price 4 • 


W.*rv ‘r'^ly you >*8, 


VI . e President 
In ’.harge of Engineering 
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Attach; Fig. 7-2 
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